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BILL NO. S-83-: 




SPECIAL ORDINANCE NO 


S- 


AN ORDINANCE approving Change Order 
#1, Res. #5967-83 - Greater McMillen/ 

Pontiac Place, Phase I, with Tomco 
Construction Co., Inc., in connection 
with the Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order #1, Res. #5967-83, Greater 


McMillen/Pontiac Place, Phase I, with Tomco Construction Co., Inc. 
in connection with the Board of Public Works for: 


By putting in new curbing on Alexander 
and Plaza, we found it necessary to raise 
the grade on the sidewalk where possible 
to achieve proper drainage. This required 
our adding the quantity of B-Barrow to 
contract and also do some additional side¬ 
walk and driveway work. We also found 
that on Plaza, we needed to put in Type 
III curb rather than the Type II-B; thus, 
we needed to add the item of Type III curb 
to the contract. It was also necessary to 
add the items of casting adjustment and 
36" tree removal to contract; 


involving a cost of Four Thousand Thirty and 33/100 Dollars 
($4,030.33), all as more particularly set forth in the specifi¬ 
cations, and which is on file with the Office of the Board of 
Public Works, and is by reference incorporated herein, made a 
part hereof, and is hereby in all things ratified, confirmed and 
approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALITY 


Bruce O. Boxberger/ City Attorney 
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Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as h ^ONINO MAP t (GE N ERAL J (ANNEXATION) (SPECIAL) 

ORDINANCE (RESOLUTiOfiU NO. " 

_ _day of_ _, 19 . 


ATTEST: 

X P 


CITY CLE|SK 


2 




PRESIDING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 

_ / _day of , 19 , at the hour of 

1 clock C3. .*..«.S.T. 


/ f 0-t) 


CITY /.CLERK 


Approved and signed by me this _ )$2K 

19 at the hour of__o ' clock 


_day of 




-t- 


WIN MOSES, JR. - :■ 















































































CHANGE 0?.C=?. 


gange Order No - 
roject Mo. 


1 


73 ' 3 / 7-9 

"/f/O 

Resolution No. 5967-83 _ 

Board Order No . _ 

Date 


10 - 5-83 


of Project Greater McMillen /Ponf -iar Place. Phase JL 

3 . Tomco Construction Company, Inc. __ 

• (Contractor) 

entlemen: .. . 

ou are hereby requested to comply with the following changes from the contract plans and 
pacifications: 


Change in Contract Price 


Quantity 


Description of Change 


Decre ?s 


Increase 


See Attached Sheet 


Total Decrease 
Total Increase 
(Increase) Contract Price 
is hereby (added to) (d 


19,912.95 


23,943.28 


4 . 030.33 


the total contract 

117,690,05 


$ 121,720.38_ 


h « sum o* S 4,030.33 _ , v-, —.- 

,rice, and the final contract price shall be adjusted as follows: 

Original Contract Price . _ . f- 

Curxent Contract Price Adjusted by .Previous Cnange Order S 
New Contract Price Including this Change Order 

■W* tim® provided for completion in the contract for this project is (unchanged) 

bv calendar days due to this Change Order. The date for completion 

'i wZZl l.TThZ - . Furthermore, this document shall become an 

the contract and all provisions of the contract shall apply hereto. 

recommended 1 (Chief Street Er.cinser) Date /df/3/3? 

-.cc.epted by: --- (Contract or). Date, 



Approved by: 

• .pproved by; 

Attested by: _ 


>te _/0~/ 3 r & 3- 

Date _ 


Date f — ?L V 



































































Change Order-Mo. 

Resolution No. 

Board Order No. 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. N^cess^ty for changer By putting in new curbing on Alexander and Plaza, we found it _ 

necessary to raise the grade on the sicfewalk where possible to achieve proper drainage. 

This required our adding the quantity of B-Barrow to contract and also do some additional 
sidewalk and driveway work.- We also found that on Plaza, we needed to put in Ty pe III curb 
rather than the Type II-B; thus, we needed to add the item of Type III curb to the contract. 

It was also necessary to' add the items of casting adjustment and 36" tree removal to contract 



2. Will proposed change alter size of the project? Yes _ No _X_ 

If yes', .exclaim _____ 


3. Affect on operation and maintenance cost of this project: 


































































































































































































































































































































S-83-11-43 


REPORT OF THE COMMITTEE ON 


PUBLIC WORKS 


Public Works 


_TO WHOM WAS REFERRED AN 


WE, YOUR COMMITTEE ON_ 

ORDINANCE approving Change Order #1, Res. #5967-83 - Greater 
McMillen/Pontiac Place, Phase I, with Tomco Construction Co., Ifrc.:, 
in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE Jj/& PASS. 


SAMUEL 

J. TALARICO, 

CHAIRMAN 

VICTURE 

1 L. SCRUGGS, 

VICE CHAIRMAN 

MARK E. 

GiaQUINTA 


PAUL M. 

BURNS 


ROY J. 

SCHOMBURG 

































TITLE OF ORDINANCE Change Order #1, Res. #5967-83 - Greater j 


DEPARTMENT REQUESTING ORDINANCE B ° ard ° f Public Works • 

SYNOPSIS OF ORDINANCE By P uttin S in new curbing on Alexander 8 Plaza, we found“Tt~~ 


necessary to raise the grade on the sidewalk where possible to achieve proper drainage 
This requi red our adding the quantity of B-Barrow to~contract and also do some-- 

additional sidewalk and driveway work!We also found that on Plaza, we needed to put" 
in Type III curb rather than the Type II-B; thus, we neede d to add the it e m Of lype - 

III curb to the contract. ,It, was also, necessary to add thTTtems of casting adjusting 

and 36" tree removal to contract. ~ ' ~ " 7! T~ *---—---.-_____ 

------—.Tomco Construction Company, Inc, is the contractor. 


EFFECT OF PASSAGE_To facilitate completion of project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $4,030.33 


ASSIGNED TO COMMITTEE 











































































